VZCZCXR05621 
00  RUEHLH  RUEHPW 
DE  RUEHIL  #2818  1770514 
ZNR  UUUUU  ZZH 
0 260514Z  JUN  07 
FM  AMEMBASSY  ISLAMABAD 

TO  RUEHC/SECSTATE  WASHDC  IMMEDIATE  0120 
INFO  RUEHBUL/AMEMBASSY  KABUL  PRIORITY  7254 
RUEHFT/AMCONSUL  FRANKFURT  PRIORITY  2428 
RUEHKP/AMCONSUL  KARACHI  PRIORITY  6535 
RUEHLH /AMCONSUL  LAHORE  PRIORITY  2724 
RUEHPW/AMCONSUL  PESHAWAR  PRIORITY  1131 
RUEKJCS /JOINT  STAFF  WASHINGTON  DC  PRIORITY 
RUEHNO/USMISSION  USNATO  PRIORITY  2570 
RUEKJCS/SECDEF  WASHINGTON  DC  PRIORITY 
RHMFISS/CDR  USCENTCOM  MACDILL  AFB  FL  PRIORITY 
RUEAIIA/CIA  WASHDC  PRIORITY 

UNCLAS  ISLAMABAD  002818 

SIPDIS 

SENSITIVE 

SIPDIS 

E.O.  12958:  N/A 

TAGS:  ABLD  ASEC  ASIG  PK  SNAR 

SUBJECT:  OIG  REPORT  ITEM  TWENTY  ONE  UPDATE 

REF:  A.  07  STATE  86316 
I.B.  07  STATE  55791 

J.1 . (SBU)  Post  provides  the  following  update  on  recommendation 
21: 

J.2 . (SBU)  Islamabad's  Narcotics  Affairs  Section  performed  a 
technical  evaluation  of  proposals  for  the  design/build 
contract  of  a new  secure  compound  in  Quetta.  Of  six  proposals 
recieved,  two  were  found  to  be  technically  acceptable  and  two 
conditionally  acceptable.  However,  the  contract  has  not  been 
awarded,  because  the  Government  of  Pakistan  has  not  approved 
the  originally  designated  construction  site. 

^3.  (SBU)  A new  construction  site  has  been  identified  in  the 
same  area.  Post  is  awaiting  written  authorization  from  the 
Ministry  of  Interior.  Once  the  authorization  is  received, 
the  regional  procurement  support  office  will  allow  the 
original  bidders  3 weeks  to  amend  their  proposals,  if 
necessary.  We  hope  this  process  will  be  completed  and  the 
design/build  contract  awarded  in  August  2007. 

PATTERSON 


